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BILL NO. RPAN. Le 
SPECIAL ORDINANCE NO. S- H 6 745 


AN ORDINANCE approving Change Order 
No. 1, Res. #6014-85 - Hoagland/ 
Masterson Phase IV, with Gaines 
Construction Company, in connection 
with the Board of Public Works and 
Safety. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION L. That Change Order No. 1, Res. #6014-85, 
Hoagland/Masterson Phase IV, with Gaines Construction Company, 
in connection with the Board of Public Works and Safety, for: 


After receiving bids on this project, 
Community Development and Planning 
along with Street Engineering and 
Street Light Engineering decided to 
add k block to this project. This 
addition would complete improve- 
ments to West Williams Street to 
Fairfield Ave. This resulted in 
additional quantities of both street 
and street lighting items. By 

adding this % block the property owner 
involved in this additional improve- 
ment agreed to replace sidewalk along 
Fairfield Ave. at his expense. This 
resulted in additional improvments 

in this area at no cost to the City; 


involving a net increase of Seven Thousand Eighty-Nine and 89/100 
Dollars ($7,089.89), all as more particularly set forth in the 
specifications, and which is on file with the Office of the 

Board of Public Works and Safety, and is by reference incorporate 
herein, made a part hereof and is hereby in all things ratified, 


confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 









Bruce O. Boxbefger, City Attorney 








Read the first time in full and on motion b 


seconded by A bakie; +’ and dul 
by title and referred the Committee 


Plan Commission for recommendation) and Public/Hfaring to be/held after 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne 
A ' 


Indiana, on pone : ay of 
ire Oe peat ; en ie 


DATE: ee a | 
SANDRA E. KENNEDY, CITY CLERK 


Read the thiya@time in full and on motion by | F 
seconded by AO , and duly adopted, pliæfeu on its 


passage. PASSED (LOST) by the following vote: 


y 











oT) 


D 
K 
td 
(e9) 


NAYS ABSTAINED ABSENT TOSWIT: 








TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


MRLE Te EMC Ls 
| 


TALARICO T al ae 
ces Go E - wa a £ ye, 
SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by’ the Common Council ofthe City of Fort 


Wayne, Indiana, as (ANNEXATION)——{APPROPRIATION)— te 
(SPECIAL) (ZON-EMNG MAP) ORDINANCE ( N) NOs T A uG ¢ 
on the /O t day of F AES: ; Ifs, 


AITES T: 


SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Mayor of Br 
on the AA Pee day of E 


z í f 
at the hour of Ae ad o'clock VA 7 Fy Gara es > 


; > 
FA 


j / 
4 / Rs Base 2 Ae 
Akai oT. po a IN T EN EGA A 
í d fv 





7 
SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this jp day of : Kae 


` 


A aby (ema) 
19 T , at the’ Nour of A o'clock 


WIN MOSES, JR., MAYOR 


Ms ,BeSi. Ts 





PROJECT COST SUMMARY PROJECT: HOAGLAND/MASTERSON PHASE IV 


DATE: 9-17-85 7S * RES. NOs 6014-85 

B.D: CONTRACTOR: GAINES CONST. 
ITEM MATERIAL PLAN UNIT UNIT ACTUAL CHANGE IN CONTRACT PRICE 
NO. . BUANT. PRICE QUANTITY DECREASE INCREASE 

($) ($) ($) 

O01 concrete resoval 1600 sy. 2.90 1670 0.00 175.00 
002 curb regsoval 1850 1f. 1:23 2109 0.00 323.75 
003 pavesent removal 0. SS. 5.00 0 0.00 0.00 
004 concrete sidewalk 9000 sf. 1.45 10747 0.00 2533.15 
005 conc. curbface walk 225 sf, 2.00 374 0.00 298.00 
004 concrete wingwalk 300 of. 2.00 502 0.00 404.00 
007 b inch concrete 150 sy. 17.50 174 0.00 420.00 
008 8 inch concrete 30 Sy. 18.50 40 0.00 185.00 
009 2 foot curbwalk 3400 sf. 2.89 3586 0.00 537.54 
010 curb type III o if. 8.00 0 0.00 0.00 
Oli curb type II-B Oclet: 7.00 0 0.00 0.00 
012 conc. step riser 10 Bae 35.00 23 0.00 455.00 
013 seed,sulch,fert. 2000 sy. 1.00 2000 0.00 0.00 
O14 topsoil 400 tn 0.10 0 40.00 0.00 
015 B-borrow 100° “tn. 4,00 130 0.00 120.00 
016 asphalt patching 1900 lf. = 0.10 0 190.00 0.00 
017 asphalt 8° 0: tn <0 50.00 0 0.00 0.00 
018 tree removal 12 inch 2 Pa. 140.00 2 0.00 0.00 
019 tree reaoval 18 inch 0 Pa. 175.00 0 0.00 0.00 
020 tree removal 24 inch 28. Bas 200.00 2 0.00 9.00 
021 tree removal 30 inch i ea. 245.00 1 0.00 0.00 
022 tree removal 34 inch 0 Ba. 300.00 0 0.00 0.00 
023 tree regoval 42 inch 1 eà. 280.00 1 0.00 0.00 
024 tree removal 48 inch 0 Ba, 375.00 0 0.00 — 0.00 
025 tree resoval 54 inch 0 Ba, 425.00 0 0.00 0.00 
026 stump rea. 1 ea. 100.00 1 0.00 0.00 
027 adjust casting 5o ea 55.00 0 275.00 0.00 
028 CB type 1-A 0 ea. 1500.00 0 0.00 0.00 
029 Inlet type 1-A 0 ~ ea 700.00 0 0.00 0.00 
030 casting type A 0 ea 250.00 0 0.00 0.00 
031 casting type C 2 Ba. 220.00 0 440.00 0.00 
032 CB type 1-C 5 ea. 1300.00 6 0.00 1300.00 
033 Inlet type 1-C 0 ea, 700.00 0 0.00 0.00 
034 16 ft. pole (D) 0 ea. 0.00 0 0.00 0.00 
035 TC 100R lua. (I) 0 ea 0.00 0 0.00 0.00 
036 trench 20 in. deep 650 —s ‘df. 1.85 B43 0.00 357.05 
037 B/P 1 1/2" tubing 125: ES 6.75 4bi 0.00 243.00 
038 10 ft. riser (I) 1 ea. 20.50 1 0.00 0.00 
039 22 #t. pole (1) oS). TE B1.75 12 0.00 245.25 
040 TC 250R lua. (1) 9 ea. 58.50 12 0.00 175.50 
041 3/c #4 copper wire ( 1260" 14% 0.85 1569 0.00 262.45 


TOTALS: $945.00 $8,034.89 


CHANGE O2UER 


< 


’ 





change Order No.. 1 ee Kage Resolution No. _ 6014-85 
Project No. B: Board Order No. 10-85 
Nane of Project _Hoagland/Masterson Phase IV Date 8=1L7=85 
To: _Gaines Construction 
(Contractor) 
Sentlemen: 
You are hereby requested to comply with the following changes from the contract plans and 
specifications: - 


Change in Contract Price 


Decrease Increase 






Unit Price 





See 
$945.00 





The sum of $ -7-089 80 is hereby (added to} (deducted from) the total contract 
price, and the final contract price shall be adlustec as follows: 

Original Contract Price gue S15 383450 

Current Contract Price Adjusted by Previews Change Order $ 55 383%50 

New Contract Price Including this Change Order § 58,473.39 
The time provided for completion in the contract for this project is (unchanged) (increased) 
(PECE) by calendar days due to this Change Order. The date for completion 
of all work shall be _ September 1, 1985 _- Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 





Encineer) 


Date S~-/6 -€5 


Accepted by: 2 LE? Kf (tte (Contractor) Date y= iat 


Recommended by: 


4 
Approved by: (City Enaineer) Date 


Jurc KE A 
Approved by er fh VO = Owner Date = 2 l~« 
ae 
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Change Order No. 1 
Resolution Now . , 0014-85 
Board Order No. 10-85 





REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: _After recieving bids on this project, Community Development ; 


and Planning along with Street Engineering and Street Light Engineering decided to add 
k% block to this project. This addition would complete improvements to West Williams 
Street to Fairfield Ave. This resulted in addition quantities of both street and street 


lighting items. 


SO cL iS 2 re cE SO EET aan 
E E ee rnp each ores 


PN S PN Pn ea eI CS E E 


Will proposed change alter size of the project? Yes vem ese ee 
If yes, explain: Add_*% bloc j 
e o es A a E l a  ee 
A TR N S A L SAN E e T E Ea S S Laaa 
Affect on operation and maintenance cost OF thae proj er e et a E the ee 
By adding this 4 block the property owner involved in this additional improvement 
agreed to replace sidewalk along Fairfield Ave. at his expense. This resulted in 


additional improvements in this area at no cost to the City. 


Pr aes Sage ye ee ee ee 


SSeS See = ee a es 


Engineer 


< * 7{ © Fons Pe ruse 
TITLE OF ORDINANCE _ Change Order #1, Res. 6014-85, Hoagland/Masterson Phase IV 
DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works & safety W/fO9 


SYNOPSIS OF ORDINANCE After receiving bids on this project, Community Develo 
ment and Planning along with Street Engineering and Street Light Engineering de- 
cided to add 4% block to this project. This addition would complete improvements 
to West Williams Street to Fairfield Ave. This resulted in additional quantitie 
of both street and street lighting items. By adding this 4 block the property 
owner involved in this additional improvement agreed to replace sidewalk along 


Fairfield Ave. at his expense. This resulted in additional improvements in this 





area at no cose, tout he 1G tyv. Gaines Construction is the contractor. 




















EFFECT OF PASSAGE Add 1/2 block to project length. 








EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $7,089.89 


ASSIGNED TO COMMITTEE 


BILL NO. S-85-08-45 


REPORT OF THE COMMITTEE ON CITY UTILITIES 





CELY UTILITIES BS | - TO WHOM WAS 





WE, YOUR COMMITTEE ON 
REFERRED AN (ORDINANCE) ` (RESQKURXQN) approving Change Order 
No. 1 Res. #6014-85 -:Hoagland/Masterson Phase IV, with Gaines 


Construction Company, in connéction with the Board of Public Works 


and Safety 


























: pa k à 
HAJA HAD SAID (ORDINANCE) (RESKEXECDOM) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


- (RESOIRXKKONX 





E a ae N er NO 


THOMAS C. HENRY 
CHAIRMAN . 









JANET G. BRADBURY 
VICE CHAIRWOMAN’ 








+ oS] 
See 1S ca lee WI aaa E 
aar g Ae EUARLES B. REDD 


CONCURRED IN C-yods SANDRA E. KENNEDY 


a 


DQ 


im 


DONALD J. SCHMIDT 














CITY CLERK 


